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Message Text 

CONFIDENTIAL 

PAGE 01 STATE 310202 
ORIGIN OC-06 

INFO OCT-01 NEA-10 ISO-OO CCO-OO SY-05 FBOE-OO A-01 
/023R 

DRAFTED BY OC/PE-E: GLEN GLEB R AKE, ACTG/PW S 
APPROVED BY A/OC:WENAEHER 
OC/PE:GRYOUNTS 
OC/L:WSCHWEIKART(SUBS) 

OC/NEA:RCRIBERA 

DESIRED DISTRIBUTION 

OC/S, A/SY/FO, A/SY/NSU, NEA/EX, A/FBO 

041997 301821Z/43 

P 301722Z DEC 77 
FM SECSTATE WASHDC 
TO AMCONSUL KARACHI PRIORITY 
INFO AMEMBASSY NEW DELHI PRIORITY 
AMEMBASSY ISLAMABAD 

CONFIDENTIAL STATE 310202 

ISLAMABAD FOR RSO; NEW DELHI FOR ATO 

E.O. 11652: XGDS-2 

TAGS: AFAC, ABLD, ASEC 

SUBJECT: CCC RENOVATIONS - KARACHI 

REF: KARACHI 5725 

1 . DEPT DISAPPOINTED TO LEARN THAT INORDINATE DELAY 
OCCURRED IN RECEIPT OF DEPTS MEMORANDUM, SPECIFICATIONS 
AND DRAWINGS DTD NOV. 23RD CONCERNING CCC RENOVATIONS. 

BECAUSE OF PANAM SCHEDULE CHANGES, KARACHI COURIER POUCHES 
ARE BEING TEMPORARILY DIVERTED TO FRANKFURT FOR ONWARD 
MOVEMENT BY ARFCOS TO TEHRAN. KARACHI POUCH CONTAINING 
CONFIDENTIAL 

CONFIDENTIAL 

PAGE 02 STATE 310202 

ABOVE MEMO APPARENTLY BECAME DELAYED IN FRANKFURT. 

2. SINCE POST CANNOT PROVIDE A COST ESTIMATE FOR CCC RENO- 
VATIONS UNTIL APPROXIMATELY MID-FEBRUARY, DEPT HAS NO 
CHOICE BUT TO DELAY START OF PROJECT UNTIL ESTIMATE IS 
RECEIVED AND APPROVED. POST IS REQUESTED TO MAKE EVERY 
EFFORT TO LOCATE COMPETENT CONTRACTOR AS QUICKLY AS POS- 
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SIBLE AND FORWARD A TELEGRAPHIC SUMMARY OF ESTIMATE AS 
SOON AS KNOWN. THIS WILL GIVE DEPT MORE LEAD TIME TO RE- 
SCHEDULE SEABEE AND ATO PERSONNEL FOR THE PROJECT. 

3. SHIELDED ENCLOSURE IS PLANNED FOR SHIPMENT MID-JANUARY 

FROM WEST COAST WITH ETA OF 60 DAYS THEREAFTER. ENCLOSURE 
WILL REQUIRE CONTROLLED STORAGE UNTIL RENOVATIONS ARE 
COMPLETED AND INSTALLATION TEAM ARRIVES TO INSTALL. AD- 
VISE METHOD OF STORAGE POST INTENDS TO USE. ENCLOSURE 
SHIPMENT TOTALS APPROX. 1800 CU. FT., 28,000 POUNDS. CHRISTOPHER 


CONFIDENTIAL 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 30-Dec-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 22 May 2009 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977STATE310202 

Document Source: CORE 

Document Unique ID: 00 

Drafter: E:GLENGLEBRAKE,ACTG/PWS 

Enclosure: n/a 

Executive Order: X2 

Errors: N/A 

Expiration: 

Film Number: D780003-0411 
Format: TEL 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 9771 23/aaaaabzx. tel 

Line Count: 73 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: 322f49fe-c188-dd1 1-92da-001cc4696bcc 
Office: ORIGIN OC 

Original Classification: CONFIDENTIAL 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: CONFIDENTIAL 
Previous Handling Restrictions: n/a 
Reference: 77 KARACHI 5725 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 18-Mar-2005 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 153987 
Secure: OPEN 
Status: NATIVE 

Subject: CCC RENOVATIONS - KARACHI 
TAGS: AFAC, ABLD, ASEC 
To: KARACHI 
Type: TE 
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